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BILL NO. S-75-05-/^ 


SPECIAL ORDINANCE NO. S- 


E±3 


AN ORDINANCE approving a contract with HIPSKIND 
ASPHALT CORPORATION for improvement of 
abandoned railroad crossings 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That the contract dated April 23, 1975, between the 

City of Fort Wayne, by and through its Mayor and the Board of Public Works 

and HIPSKIND ASPHALT CORPORATION on Resolution 5681-1975 for: 

Improvement of abandoned railroad crossings at seven locations 
by removing rails, ties, pavement, walks and curbings, as 
necessary and replacing pavement walks and curbing where 
needed 

for a total cost of $67,604.25 from Street Bond Issue, all as more particularly 
set forth in said Contract which is on file in the Office of the Board of Public 
Works, and is by reference incorporated herein, made a part hereof and is 
hereby in all things ratified, confirmed and approved. 


SECTION 2. This Ordinance shall be in full force and effect from 


and after its passage and approval by the Mayor. 



Councilman 









Read the first time in full and on motion by _ f seconded by 

, ajfid. duly adopted, read the second time by title and referred 

i i ' oC ^. 


to the Committee on 


_ (and-the~fli±y_Elan 


Gommissiou--for-re-cTSffimMdatxon^TanJTPuHlc Hearing to _ 'be~heid after dueTTegal notice, 
at the Council Chambers, City-County Building, Fort Wayne, Indiana, on ~ ~~~ 

the" 


d ay of _______ 

o ’ clCK3t"P7H77ElSTT> 

Date ? 7^ 


197_ 


CITY CLERK 




Read the third time in full and on motion by _ 

seconded by_ V ^ _ , and duly adopted, placed on its passage. 

Passed (?BgT) by the following vote; 


AYES 




BURNS 

HINGA 

KRAUS 

MOSES 

MJCKOLS 

SCHMIDT, D. 


17~ 


NAYS 






y 


ABSTAINED 


ABSENT 


/ 


to-wit; 



as (Zona^g-Map-)—(Gen^ai)-—^nseseat^on) (Special) (App^sepr'a^tion) Ordinance 

■ the day o f 19 t£I 

, ATTEST; (SEAL) 


^ersevpEt)— (Anseseat^on 
(ReraeitrfciSE} No» " 0 / £^_ ‘ 



'"^^mESIDING OFFICER 
Presented by me to the Mayor of the City of Fort 'Wayne> ■•Indiana-,' on the • 


day of 




M.,E.S.T. 


Approved and signed by me this Qf^^d ay of 
lock S7> l 


at the hour of 














































































S-75-05-16 


PUBLIC WORKS 


We 3 your Committee on 


REPORT OF THE COMMITTEE ON _ 

Public Works _ to whom was referred , 


approving a contract with HIPSKXND ASPHALT CORPORATION for improvement of 
abandoned railroad crossings 


have had said Ordinance under consideration and beg leave to report back to the Common 
©D PASS. y 


Council that said Ordinance 


Winfield C. Moses, Jr. - Chairman 


Eugene Kraus, Jr. 


Vice-Chairman 


John Nuckols 


William T. Hinga 



Donald J. Sc 


MADE A MATTER OF RECORD 

w. westerman, an 
































CITY PAID 


CONTRACT 


IllljfiS made and entered into this-day of_^ 19 _ 

by and hetwee n -Hipskind Asphalt Corporation- - 

hereinafter called “Contractor" and the City of Fort Wayne, Indiana, a municipal corporation, herein¬ 
after called “City/' under and by virtue of an act of the General Assembly of the State of Indiana 
entitled "An Act Concerning Municipal Corporations,” approved March 6, 1905, and all amendator^ 
and supplementary acts thereto, WITNESSETH: That the Contractor covenants and agrees to im- 

provej -^P-^Pij^j-^ilroad crossings at seven locations by removing rails, tie s 

pavement, walks, and curbings, as necessary, and replacing pavement, walks, and 

curbi ng where needed as shown on attach e d resolution _ 


SUBJECT TO COUNCILMANIC APPROVAL 

Preliminary Meeting_ 

Ratification_ ' 


by grading and paving the roadway to a width n f f eet w j t h_ 


upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and to the entire satisfaction of said City, in accordance with Improve¬ 


ment Resolution No . 5631 " 1975 i 


at the following prices: 

to property line-Wayne Trace , 

Tie, rail, and header removal 
to property line-Berry Street 

Tie, rail, and header removal 
..to property line-Clinton Street 

Tie, rail, and header removal 
to property line-Hanna Street 

Tie, rail, and header removal 
to property line-Pontiac Street 

Tie, rail, and header removal 
to property line-Pioneer and 
Fenker Streets 

Tie, rail, and header removal 
to property llne-Harrison Street 

Pavement removal 


Excavation regular 


Approach removal 


Sidewalk removal 


Concrete pavement for base. 
Plain 7" 

Hot asphalt base (State Mix 
#53B) 

Hot asphalt binder (State Mix 
#9) 

Hot asphalt surface (City Mix- 
A2) 

Integral curb, 6"x6" 


Integral curb, 6"x8" 


Inteoralcurbj^b^xlO” 


Two thousand fiv© huncbrocl doilapc 
and no cents, per lump sum 

Two thousand dollars and no cents, 
per lump sum 

Four thousand five hundred dollars 
and no cents, per lump sum 

Two thousand dollars and no cents, 
per lump sum 

Three thousand dollars and no 
cents, per lump sum 

Two thousand dollars and no cents, 
per lump sum 


Three thousand five hundred dollars 
and no cents, per lump sum 

Four dollars and no cents, per 
square yard. 

Three dollars and no cents, per 
cubic yard 

Four dollars and no cents, per 
square yard 

Three dollars and no cents, per 
square yard 

Nine dollars and fifty cents, per 
square yard 

Twenty dollars and no cents, per 
ton 

Twenty-two dollars and no cents, 
per ton 

Twenty-five dollars and no cents, 
per ton 

Four dollars and no cents, per 
lineal foot 

Four dollars and fifty cents, per 
lineal foot 

Six dollars and no cents, per 


$2,500.00 

2 , 000 . 00 ' 

4,500,00 

2,000.00: 

3,000.00 

2,000.00 

3,500.00 

4.00 

3.00 

4.00 

3.00 

9.50 

20.00 

22.00 

25.00' 

4.00 

4.50 


































upon a foundation and with curbing as fully set out in the specifications hereinafter referred to in a 
good and workmanlike manner and to the entire satisfaction of said City, in accordance with Improve-; 


meat Resolution No™ 




at the' |§|f lowir.o pricey 


‘ to or j-crty hw 

"£!«, rail, and header removal 
to property line-Perrv Street-*; 

Tiev rail, and 1 vcF 

to property Hhe-Clinton Street ! 

Tie, rail, and header removal 
to property line-;Hanna Street 

Tie. rail, and header removal 
to property line-Pontiac Street 

Tie, rail, and header removal 
to property line-Pioneer and 
Fenker Streets 

Tie, rail, and header removal 
to property line-Harrison Street 

Pavement removal 


Excavation regular 

Approach removal 

Sidewalk removal 

Concrete pavement for base, 
Plain 7" 

Hot asphalt base (State Mix 
#53B) 

Hot asphalt binder (State Mix 
#9) 

Hot asphalt surface (City Mix- 
A2) 

Integral curb, 6"x6" 

Integral curb, 6''x8" 

Integral curb, 6"xl0" 

Integral curb, 6" x Variable 
( 6 - - 10 ") 

Sidewalk, concrete, 11.5' Wide 
Sidewalk, concrete, 6’ wide 
Sidewalk, concrete, 5' wide 
Fine grading 
■ - Seeding 


||p no* »r lump sum i 


Twb flfb^and dollars and no cents, 
; per sum 


Fohr "the us ah et f iva hundred all 
and no cents, per lumpsum 


Two thqSsand' dollars and no cents, 
per lump suSy'u 


Three thousand dollars and no 
cents, per lump sum ... 


Two thousand dollars and no cents, 
per lump sum 


Three thousand five hundred dollars 
and no cents, per lump sum 


Four dollars and no cents, per 
square yard. 


Three dollars and no cents, per 
cubic yard 


Four dollars and no cents, per 
square yard 


Three dollars and no cents, per 
square yard 


Nine dollars and fifty cents, per 
square yard 


Twenty dollars and no cents, per 
ton 


Twenty-two dollars and no cents, 
per ton 


Twenty-five dollars and no cents, 
per ton 


Four dollars and no cents, per 
lineal foot 


Four dollars and fifty cents, per 
lineal foot 


Six dollars and no cents, per 
lineal foot 


Six dollars and no cents, per 
lineal foot 


One dollar and seventy-five cents, 
per square foot 


One dollar and seventy-five cents, 
;..per square foot. 


One dollar and seventy-five cbhtpj 
per square foot 


One dollar and fifty cents, per 
square yard 


; OSS, dollar and no cents, per- -square 
yard 


2,OC€liOO"; 








Fill material 

Ten dollars and no cents, per 
.cubic yard 

10.00 

Compacted aggregate (#53 

Stone) 

- Seven dollars and no cents, per 
ton 

7.00 

Concrete drive approach, 

Plain 8" 

Fourteen dollars, and no cents, 
per square yard 

14.00 

Concrete pavement, Plain 8" 

Twelve dollars and no cents, 
per square yard 

12. OH 

Sign removal 

Three hundred dollars and no 
cents, per each 

300.00 

Adjust castings to grade 

One hundred fifty dollars and no 
cents, per each 

150.00 

New manhole casting required 

One hundred fifty dollars and no 
cents, per each 

150.00 

Ramps, bicycle 

Five dollars and no cents, per 
square foot 

5.00 


4 


The Contractor will furnish immediately a certificate from the Industrial Board of the 
State of Indiana, that he has complied with Sections 5, 68, 69 of the Workmen’s 
Compensation Act, approved March 14, 1929, in accordance with Section 14 of the 
Compensation Act (Acts 1929, page 545, being Section 9459 of Burns Annotated Statutes, 
Volume IV). (Section 40-1214 Burns Annotated 1952 Revision - Volume VIII). 

A copy of General Ordinance No. G-60-66, concerning discriminating in employment under 
municipal contracts, is attached and incorporated herein by reference. 





The Contractor hereby expressly agrees to perform all the work in the prosecution of the above 
described improvement according to the terms and conditions of Improvement Resolution No.-56.81.rJ.9-75 
the plans, profiles, specifications and the contractor’s bid therefor on file in the office of the Department 
of Public Works of said City, which said resolution, profile, plans and specifications are made a part of 
this contract as fully and effectually as if copied herein at full length, (copies of which are attached 
hereto). < 

It is hereby agreed that no assignment of this contract shall be made without the written con¬ 
sent of the City; said Contractor hereby covenants and agrees that said improvement shall be finally 

and in all respects completed on or before _, 19 Z 5 . and the Contractor agrees to pay and 

give to the City, as liquidated damages, the sum of $25.00 for each and every day after said 

date . ... , 19_until said work is finally completed and ready for acceptance by the City. 

It being also understood that in event of any conflict between this contract and the specifications, that 
the former shall be considered to contain the intention of the parties hereto.. 

It is further agreed by and between said parties, that the acceptance of the work provided for 
in this contract, or the payment therefor, for the whole or a part, shall not constitute a waiver on the 
part of the City of any of the provisions of the contract, nor shall it release said Contractor, or the 
sureties upon its bond for the faithful performance thereof, nor shall the acceptance be even prima fade 
evidence of the performance of any provisions of such contract except to the extent of entitling said 
Contractor to receive the price therefor. It is further understood that the failure of the City to exercise 
its right of inspection or rejection of material and work, or the exercise of such right shall not in any 
sense be considered an acceptance of any part ot said work or material. . 

The Contractor further contracts and agrees that in the prosecution of said work all proper 
skill and care will be exercised, that said party will properly and fully guard all excavations and 
dangerous places, and will use all due and proper precautions to prevent injury to any property, person 
and persons, what or whomsoever. That for and during the period of the making of such improvement, 
and the period for which the same is to be maintained and kept in repair by the Contractor, the City 
shall be saved harmless from any and all liability whatsoever growing out of any injury or damage to 
property or persons because of any neglect or fault of the said Contractor, its agents or employees, in 
the execution of this contract or any matter connected therewith or related thereto and to pay any 
judgment with costs which may be obtained against said City,growing out of any such injury or damage. 

To each of the conditions and stipulations in this contract, the undersigned bind themselves, their 
successors and assigns. 


day of. 


SMa. 


REOF. 


IN WITNESS WHEREOF, we the foregoing named parties hereunto set our hands this 


uJUL 


.r-fw ! z 


Contractor, Party of the First Part. 



Its Board of Public Works and Mayor. 

















V ^!|pb’ the Bp3 - d ftblic. Works of the City af-* Fort Wayne, Indiana, 


iia;S : ; a^pfee 5 railroad tratk crossing aba||iorcient program-within the City limits, 

larta'.rp iii ffbblllb'rt:" filffb W&099!€ bll§yT yi-'Xlii 


V... ERE AS,■. th.a CiLy shall, at its pwn expense, remove rails,- tii 


-oarrerr.en:, v.a.lics ? and. curbing, ap and replace payattept, v/alks,' and 

icurb-irig where needed,, and 


'WHEREAS, this Represents the i continuing .effort of tha Board of Public 


Vnrks tp ipproy*,the streets of Fort Vkyne by eliminating obsolete railroad 
l^bssir^i, -'therdby iedlixng safety hazards to tha motoring public, and 

: “'H3R&SS, representatives of the Board of Public Works have made 

detailed inspection of the railroad crossings v/ichin the following geographic 
locations: 


I - Hanna Street, between Wallace Street and Toledo Street. ' -. o 1 : ■ 

2. Harrison Street, between Superior Street and Columbia Street north 
of the ''Landing." 

3. Pontiac Street, between Fenker Avenue and Perth Street at Edsall 


Avenue. 


4. Vfeyne irace, between Fletcher Avenue and Wabash Avenue. .. ; 

5. Clinton Street, between Elizabeth Street and the northwest entrance 

to Lawton Park. " 

6. Berry Street, between...Hanover• Street and Anthony Boulevard at " " 

b ficvnrd Street^/ bbfbbbb T'-'T.f 

7. Pioneer Street and Fenker Avenue, north of Pontiac &treet.b'\bi 
Improvements shall be in accordance with the plans, profiles, detailed 


drawings, and specifications now on file in the office of the Department of Public 
bforks of said City and such - improvements,are .hereby ordered, 

The cost of this improvement shall paid by the City of Fort Wayne, 
■from General Obligation Bond Funds. . ' r - - 


ADOPTED this 


'V 


day of 



1975, 


BOARD OF PUBLIC WORKS" 1 
CITY OF FORT WAYME, IMDlAMA 


















GUARANTY BOND - 


All ISjrn lag Wqts&t ^rsstnts. That we -~-- . ----—-- 

-Hipskind Asphalt Corporation-Contractors 

as principal and Y inity Universal Insurance Co., of Dallas, Texas- 

nzz r~~ ~ ~.zz^zzz^-~~.z~~.z~zz~.zz^~. .tit " —e.as surety 

are held and firmly bound to the City of Fort Wayne, Indiana, in the sum of Sixty-seven _ 

thousand six hundred four dollars and twenty-five cents-*- 

----—— - ($ 67.604.25 ) 

for the payment of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

The conditions of the above obligation are, that whereas the said ~~ 

-Hipskind Asphalt Corporation-- 

. <3,2$ ( pn the--—.---day of_ _ ___„_ 

'»• Yb/','X 

• -, enter into a contract with the City of Fort Wayne to construct a 

..-rC 7 "! "' '' V ''- ‘ H----.Pavement 

wtr. ' . ■;■'/. .._SICXMXMX abandoned railroad crossings at 

,seven locations by removing rails, ties, pavement, walks, and curbings, as 

ne c essary, and replacing pa vemen t, walks, and c urbing where needed as show n on 
attached resolution 


---—.according to certain plans and specifications, and 

for a period of three (3) years 

also warranting and guaranteeing the wor^j material and condition of the pavement thereof as provided 
in aforesaid contract and specifications. Now if the said --- - 

Hipskind Asphalt Corporation--- 


——shall faithfully perform and fulfill all the require¬ 
ments of said warranty and guaranty, and make all repairs required under said guarantee, and in the 
provided for,, then this bond to be null and void, -otherwise- to-be in full force and effect. ■ 

_ day n f ~74 ' 


WITNESS our hands and seals this 

.Miry liNjik 

BY: 


Hipski nd Asphalt C orporation ■ 





Board of Public Works. 

























































LIABILITY BOND 


3£tu*as All Uka htj Sflfegt flreaeKts, That we - 

--Hipskind Asphalt Corporation- 


as principal, anH Trinity Universal insurance C ompany of Dallas, Texas- 


as surety, are held and firmly bound to the City of Fort Wayne, Indiana, in the su 

thousand! hundred four dollars and twenty-five cents - i —«— 

m nf Sixty-seven 

for the payment-of which well and truly to be made we jointly and severally bind ourselves, our heirs, 
executors, administrators and assigns firmly by these presents. 

c. v . 1 A a" 



- ($ ---) 


The conditions of the above obligation are such, t hat if the above named party of the first part shall 


faithfully comply with the foregoing contract made and entered into the- 


day of—„-------, with the City of Fort Wayne, Indiana, and shall faithfully fulfill 

all the conditions and stipulations therein containe d, except the warranty and guaranty of the pave¬ 
ment as to the workmanship, material and condition s for the period of three.(3) years, according to the 
true intent and meaning thereof in all respects, then this obligation to be void, otherwise to be and re¬ 
main in full force and virtue in law and in the even t the said City shall extend the time for the comple¬ 
tion of said work, such extension shall not in any w ay release the sureties on this bond. 


WITNESS our hands and seals this_S~i=2_day of- 




Board of Public Works. 


COMPLETED IN STREET ENGINEERING OFFICE 
April 22,.1975 









































V3VGE SCALE 


' ccaS'iV: $~sx ill ED' - 

SS-SFMI SKILLED 
US-UNSKILLED ■ ■ ’ f ,; 
IF -1LD "J S' IK IAL FUND 
PV'-PEK WEEK ■ 


’*V the undersigned committee, -being appointed to prepare a schedule of the prevailing 
vagen to be paid in connection with, ALL CONSTRUCTION AND h AINTE K ANCE PROJECTS TO SE AWARDED 
bi” C0NTRAC1 FOR TliE LOARD OF WORKS, CITY OF FT. WAYNE, INDIANA L'UR ING- ThK MONTHS OF APRIL, 

MAY aKD JUNE, 197$ 7 A J . '777 1 1 V ■■ , .7 r '?§ " : '-Y 7- . '"'■■■■J.- JpPY LA- : 

in compliance with the provisions of CHAPTER # 319 of the acts of the GENERAL ASSEMBLY of 
INDIANA, 1933, have established a schedule as hereinafter set forth for the following trades 
to wit:; 





















































fRlSmlWllWERSSL 


POWER OF ATTORNEY 


of Directors held at the office of the Company, in the City of Dalios, Texas, on the seventeenth day of 


Otfobeo 1962, and of which 


TERRENCE J. WARD - PORT WAYNE, INDIANA 

Any and all bonds unlimited as to amount and to be given for the following 
purposes only, to-witr Guaranteeing the fidelity of persons holding 
places of public or private trustj Guaranteeing the performance of contracts 
for public or private construct!on, including supply contracts; and all 
other bonds and undertakings required or permitted in all actions or 
proceeding-3 or by law required * 

PROVIDED* No authority is extended for the execution of Open Penalty Bonds, 

No authority is given to execute any bond wherein said attorney-in-fact 
appears as a party at interest either as principal or obligee. 





CERTIFIED COPY OF POWER OF ATTORNEY 
SEE CERTIFICATION 





















DIGEST SHEET 


r 

\ 

TITLE OF ORDINANCE Special Ordinance 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works _ ' 

SYNOPSIS OF ORDINANCE Contract with Hipskind Asphalt Corporation in amount of 
$67,604.25 covers improvement to seven (7) abondoned railroad crossings in the City. 


Locations are shown on attached documents. 


A 


- 7s--0£r-/A 


BID TABULATION IS ATTACHED 


"Prior Approval” shall be requested. 


EFFECT OF PASSAGE Elimination of seven of the rough abondoned crossings. 


EFFECT OF NON-PASSAGE Continued complaints of damaged tires, etc. 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) $67,604.25 cost to City from 
Street Bond Issue 


ASSIGNED TO COMMITTEE 





























